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Message Text 

UNCLASSIFIED 

PAGE 01 ISLAMA 09788 291801Z 
ACTION FBOE-OO 

INFO OCT-01 NEA-10 ISO-OO A-01 /012 W 

091877 300643Z/20 

R 291208Z SEP 77 
FM AMEMBASSY ISLAMABAD 
RO RUEHIA/USIA WASHDC 8000 
INFO SECSTATE WASHDC 4048 

UNCLAS ISLAMABAD 9788 

USIAC 

STATE FOR A/FBO MORAN 

E.O. 11652: N/A 

SUB J : NEW ISLAMABAD CENTER 
REF: (A) USIA 25026 (B) USIA 25032 (C) USIA 25479 
(D)USIS 21880 

A. REFTEL (A) : SLICO AND ARCHITECT STIL REVIEWING BID 

TO EXCLUDE SUBSTITUTE ITEMS FOR AWARDING CONTRACT TO 
SUPER CON. SLICO ANTICIPATES AWARD OF CONTRACT PRIOR 
OCTOBER 18, ELECTION DATE, TO AVOID POSSIBLE PRICE 
RISE. COMMENCEMENT OF WORK EXPECTED ONE MONTH FROM 
DATE OF CONTRACT AWARD WITH COMPLETION IN TWELVE MONTHS. 

B. REFTEL (B). 1. DESIGN LOAD NOT SHOWN ON DRAWINGS BUT IN 
DESIGN CALCULATION BOOK BEING FORWARDED AIR POUCH. 

2. INFILL WALLS ONLY- ARCHITECT ADVISES SEE S-20-22 OF 
CIVIL SPECIFICATION SENT EARLIER TO AGENCY. 

3. SURTI BELIEVES SEISMIC ESSENTIAL. SEE DESIGN 
CALCULATION BOOK FOR DETAILS. 
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4. SANITARY: A) WASTE PUMP SHOWN IN DRAWING P-1 (BEING 
AIRPOUCHED)ON GRID LINE U. (B) DRAIN PIPES ARE 

RUNNING ALONG WALT. GRID Z ABOVE KLOOR A HAVE ADEQUATE ADIENT. 
SEE SESION XX IN DRAWING P- 1 . 

5. ELECTRICAL: 10 COMPLETE DRAWINGS ON ELECTRICAL WORK 
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ALONG WITH COMPLETE SPECIFICATIONS NOW RECEIVED, 

BEING FORWARDED. 

C. REFTEL (C). A/C DRAWINGS REVIEWED BY SHAHID OF CEMA 
CONSULTANT. EXPECT SPECIFICATIOM COMPLETED WITHINFOUR 
WEEKSM WILL FORWARD WHEN RECEIVED. SPECIFICATIONS 
WILL SHOW LABOR COSTS SEPARATE FROM MATERIAL COSTS 
AS MATERIAL COST USIS RESPONSIBILITY. 

D. RETEL (D): SLICO AND ARCHITECT ADVISE FOLLOWING ITEMS 
TO BE SUBSTITUTED BY IMPORTED MATERIALS TO USIS ACCOUNT: 

1 . PLUMBING FIXTURES 

2. GLASS 

3. SUSPENDED ACOUSTIC CEILINGS, STEEL RUNNERS 

4. WINDOW SILLS. 

ORIGINALLY PLANNED PURCHASE LOCALLY 
FROM KRUDSONS. ARCHITECT NOW RECOMMENDS DUE RECENT 
EXPERIENCE TO SUBSTITUTE THIS ITEM IF POSSIBLE. 

E. POST SUGGESTS IOA/SS VISIT O/A EARLY NOVEMBER 
MAY BE USEFUL FOR DISCUSSIONS WITH SLICO, 

ARCHITECT AND CONTRACTOR ON SUBSTITUTE 
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MATERIALS, A/C SPECIFICATIONS, ETC. 

BRIGGS 


UNCLASSIFIED 


NNN 
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